CBD STREETSCAPE AND 
UTILITY IMPROVEMENTS 
PHASES II AND III 


FRIDAY, 


JULY 
SS re 


E mà iy 


12, 2024 


i da if 
a 


Ø 


PROGRESS MADE THIS WEEK WORK ANTICIPATED NEXT WEEK 
MONDAY-FRIDAY [07.08-07.12] MONDAY-FRIDAY [07.15-07.19] 
+ Roadway excavation on Crescent and Glenwood ¢ Remaining roadway excavation along Prospect [at 
railroad tracks] and Pennsylvania/Western 
¢ Granite curb and tree pit irrigation/electrical work intersection [north leg] 


along Pennsylvania [Main to Park] 


+ 


Curb along Pennsylvania (west), Prospect, Crescent 
+ Schock Square brick removal and Glenwood 


od 


Bricks and trees along Pennsylvania [Main to Park] 


+ 


Miscellaneous cleanup 


DETOUR INFORMATION OTHER IMPORTANT INFORMATION 

Pennsylvania [Forest to Park] is currently ONE-WAY ¢ Curb work has potential to cause access issues; if 

WESTBOUND. any closures are required, a member of the 

Prospect [Pennsylvania to Duane] is two-way but will construction team will be in touch with you. 

experience intermittent temporary closures; Monday, 

July 15 will see a full closure for part of the workday. ¢ Work will cause temporary disruptions along 

Eastbound Crescent [Prospect to Glenwood] is Prospect, Crescent, Glenwood, Pennsylvania and 

CLOSED. Western. Access to the Crescent-Glenwood public 
parking lot will be limited to the western OR 

ALL businesses and pedestrian access remain open. middle driveway; see the detour map. 


Clay Keller, P.E. 
Meredith Hannah 


630-936-9456 pkeller@bla-inc.com pA 
630-547-5345 mhannah@glenellyn.org Fana 
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EVOLVING WORK ZONES AND Pennsylvania 
TRAFFIC RESTRICTIONS [Forest to Park] 
i y ONE-WAY WESTBOUND 
2 Expect temporary disruptions along 
É Prospect, Crescent, Glenwood, 
2 Pennsylvania and Western. 
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BLUE AREAS INDICATE NEARBY PARKING LOTS CONSTRUCTION PARKING 
WITH SHORT-TERM CUSTOMER PARKING WORK ZONES ENTRANCE 
FOR MORE INFO, VISIT: GLENELL YN.ORG/PARKING EB PENNSYLVANIA CHANGE TO 


DETOUR ONE-WAY 


